
^^S7i5,JMF Document 25-7 Filed 07/30/2007 Page 1 of 11 






IDLdflTOftK^ 



r 



^''>.' l!^¥s'v'-* 






.-.?^^^vi^r 



STANDARD FORM 
OF SUBCONlkACT AGREEMENT 




DATE: 2/12/2005 

SUBCONTRACTOR: 

SUBCONTRACTOR ADDRESS: 1823 2nd Ave., N, Lake Worth, FL 33461 

PROJECT: E. Barrett Prettyman Courthouse Annex and Renovation 

OWNER: General Service Administration 

ARCHITECT: Graves SHG Joint Venture 

GENERAL CONTRACTOR; Centex Construction Company, Inc. 

SUBCONraACT PRICE: One Million One Hundred Seventy Five Thousand 

00/100 DoUais( $1,175,000.00 ) "^ 

PROGRESS ESTIMATE DATE: 20th 

PERFORMANCE BOND AND PAYMENT BOND: N A 

RETAINAGE PERCENTAGE: 0% 

Alle^ieny Jeffersoa MHlwcxic, LLC, Gmtractor, and the SubocmtracUMr, with thdr respective ofSces at the addresses shown above, 

do h^eiiy enter mto this agreement The fo^oingteinis are incorporated into and are mcffe fully explamed in the Mowing 



L Work Suboontracftr^iall&rni^ all labor, materids,tooIs»equiiRnent, supervision w^ 
cranplcte in aU respects the work described and referenced hCTcin (the •Wc^^ 

under tiieGcnwal Contract (the "Ccffltiact'ObetweOT the GraeralOmtractOT and Co^ TTw Work shall be perfwmcd by 

Subcontracte m a good and wixkmanlike niamier stricdy in accordance with t^ 

nKXjrporatcd herein by rcferoMe (the "Contract I>)cunicnts^^ The Omtract Documents are ratended to mdudeaU labor, materials, tools, 
equipment sq}ervisi(»i arid services whether specified therein or not, necessary to complete the W(^ 

2L Price. Sui^ea to dlofthe other pvovisiGnsofthis Subcontract, OmtractorshaU pay to Subcontractv 
perfemance of the Work the Subcontract Price set fcoth above (the "Price"); cxcq)t that if all or a potiOT of the Work is to be pCTformed 

CO a unit price basis, thrai die Price set jRHlfa shaU be deaned an estimated total price fir the Work and 

in accordance widi die lump sum iHices, if any, ffiMi the unit prices set forth in Schedule A based cm ac^ 

accordance widi die Contract Documents. Notwidistandmg any acceptance ofthisSubccmtract by die GmtracttH-, it shd 

qpon die Contractor until the Subcontractor is notified writing that the Contractor and Genial Contractor have signed their written 

3. Progress Payments. As soon as piacdad}ie after the execution of this Subcontract, Subamtractcff shall submit to Qmtractor a 
schedule of values of the various pwticos of the Wwfc, including quantities if required by die CcmtractOT, to enable Contracts to jwepare a 
schedule of values for die aitire Contract SubcontractOT^ sdiedule shall be prepared in sudi form and suppcwted by sudi data as die 
Architect OT ContractOT may direct, andshaO be subject to Contract<»^ appHoval. Thetot?il of sdiedulcd values shall equal die Price and 
shall be divided in sudi manner as will fedlitate progress payments to Ccmtractor and SubcwitractOT on the basis of die Woric satisiactorily 
in place. Eadi sdieduled item shall indude its proper share of Subcontractor's overhead and profit 

On or befine the progress estimate date identified above. Subcontractor shall submit to Contractor an itemized (xogress estimate, 
supp(»rtedby such data as Ccmtractor may require, showmgdie estimated value of wcHk cwnpleted, based ot Subcontractw^ approved 
sdiedule of values and on die conditicms for payment under die Contract, induding (widiout limitation) conditions relating to material and 
equiiHneiitdefivered to and suitably stored (m die site and title to die matoials and equiiHne^ Eadi sudi prpgress estimate shall show 
also die amount of all previous payments under die Subcontract and the amount of current retainage, and shall be accompanied by a duly 
executed and adoiovtiedged sworn SubamtractcMr's statement of persons iiimishmg matwials and labor, m fimn satisfectory to Contractor, 
and by a waiver oflien in fixmsatisfectoiy to Contractor, Subcontractor shall be paid on its a^iications for pn^^ess payments after ail 
apiTOvals of its woric have been given Cmduding dwse of die Ardntea and General Contract 

odier applicable provisi<ms herein, it is not in default on any odier agreement widi die ^"^ — ^^^ >*^^ ^nntrnotcrr hnb roDoiriifl FTi ^ 

for Sub ee HtTOoto>\j wuiL ^ 

Subomtractof^ prpgress estraiate shall be used in die jarqjaration of ContractiH's applicatim for p^ment to die Goieral 

under the Contract Contractor shall pay to SubcontractO Tj TTpnn ng i ipt of pajunont fr e m ihu Guiiuttl CuuUuulm; an amount equal to tht 
value of Subcontractor^ ccmpleted wric, to die extoit aUowed and paid by die General Omtractor on account of Subcontractw^ wOTk, 
less ail previous oavments and less the 
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materials or services funiished by Omtractor 
chargeafeletoSubconlractaraaobligaa 
competed and qualified fiir pigment by retfi^^ 

ABSOLUTELY NO WORK SHALL BE DONE BY THE SUBCONTRACTOR WITHOUT ALL REQUIRED INSURANCE 
"^UCIES INFORCE. ABSOLUTBLT NO PAXMENTS SHALL BE MADE TO THE SUBCONTRACTOR IP IT DOES NOT HAVE 
L SUCH REQUIRED INSURANCE. 

At any tune during the admixustration of tiie Contract tiie Contractor may request the Subcontractor to provide saiisfactoiy 
evidence liAt u required insurance poUcies are in force as of the tm Also at any time during 

the administration of the Contract, the Contractor may reqi^ 

current compliance vdth aU governmental and/or adnuaistrative requirements, Ixidndixij^, but not limited to, the items inentioned in 
sections 18(a) and 18(f) hereof, and all administrative andreporting and acooimting requirements of the Project 

nnlly dim nnd rgnrinBtQ the Suhocntraotoi; 
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CXmiKLiimedup o nlmdyio y lJedQiafc t hu^OuUjuuiauiiuiLaji^ 

u Jiullbu paid w ithin sfc¥ea (7) dttyD t ofGontH wI ortgs e ei pfce f p aymen fc fr e Mtti s OwMw N et mtfM teafeH * 



" the Work ae mpl e t adf th e C Q atrnat e r aay Tiritb i hold any p a rt a > a B of a p a ymont joqi a ont B d by th a Sub s ontrnst Q g l i ntil 
SHb cc nfa ' att e r py ev i fes tfiii O e ahi ' uuiitoi (1) Btifi B ai i n fc m uh JummimUiLiuu, iuJudliift pui ' dmix ui Jei ' s, aub mih ee n tgae to, 
'^'IJTlrtin'^'*'*^^" ! ""'^^'^'^^''^'*^'*^**""^^''^'*"'**^"^*'^*!^ ii l iii l i iiii n iiiiii l iiii i iiii lj i i l l m i n i iliiilii ll iiii i ln 

nesJp fh^tn hp billpd fn rnmnlata tha WnrV qftar pivninnt nf tl^n nn- ^y .^iJ -i*iti nil liimrn dnrinc thn n rlmiri'-Vitinn nf t1 

'held by thft finntrartnr , thprp mnst ha a gmn nnpa i d by th e C o ntract o r s ufB a i a nt to oompl e te 
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4. Final Payment. A final payment, consisting of the unpaid balance of the Price, shall be made within sixty (60) days after 
the last of the following to occur (a) full completion of the Work by Subcontractor, (b) timely and proper performance under all other 
agreements with the Contractor, (c) final acceptance thereofby the Architect and Own^ (d) fiinJ ^ajrmcntbj Onmu: ta Ooiitrai.tmi u^JL> 
t he ContPttot ; ( e) the furnishing of evidence (satisfactory to Contractor and Owner) by Subcontractor to Contractor that the Subcontractor 
has paid in fiill all persons furnishing labor or materials in coimection with the Work including any taxes or governmental charges with 
respect thereto or with respect to the Work, and that neither Subcontractor nor any person plnitniT^g under or through SiAcontractor has 
filed or has the right to maintain a lien or other daim against the Owner, the C!ontractor, Contractor's surety, if any, or the Prqject 
Premises, including a sworn certification of payment and releases ofliens by all suppliers and persons working imder the Subcontractor 
and ffl the delivery of all guaranties, warranties, bondo^ ins tp u efa i e n mammla, ycrfoiimmLe diaiia, dliigiamH, ajlmlll ilia tf liibfl «md 
bimifeu lUfUisiequIi BdufLli e OubLuuliaLUji ui ILaauppli e ia wlUiiej^eUlu llieWuA . Acceptance offinal payment by the Subcontractor 
shall act as a release of all claims the Subcontractor or any person claiming under or through bim may have against the Owner, tibe 
Contractor, the Contractor's surety, if aixy» or the Proj ect premise oi ^ Th e fogeg e ing pr yy jai e n s in tins secti o n and aec t ien auJ all uUn ' 
' vAAio axxd yiUVl&liJHgiirgShareetromtyWm^ ufeicumLiit axe u a ndltluiu o f the eaaenee e f this ag p eomont and must bo aomplotoly ai 
ifftly fiilfinniihQfoTO my dulybythoGont g a e togshallbe on meJ i TLh^ cUBUutpiuvlsluiAfl wliiiLiBeielj f l e f e ieuLL Oil liming ufpajm e u 



dailu e Ui tf ilglits uf Hie pai Lies. NelLlxei lliej i u m any cilliei teiiii ui piuvJAiuu lu LLLs agi c emuul jliall bu. dLcmcd eg intLipieLed ' 
^ry^f orTytnBrwsB^HTHiflHHedBirwiyBCPHijBr. 



5. Payment of Labor, Supplies and MateriaL Subcontractor will receive the payments made by the Contractor aiid will 
hold the right to receive such payments as a trust fund to be applied first to the payment of its subcontractors (hereinafter also known as 
"Sub-subcontractors'*), laborers and suppliers for the Work, including any amounts payable to ai^r employee benefit plan covering such 
persons, and Subcontractor will so apply the payments from Contractor before using any part thereof for any other purpose. The 
Subcontractor shall also require each of its Sub-subcontractors to make similar payments to its Sub-subcontractors and suppliers. 
Subcontractor shall, as often as requested by Contractor, furnish an affidavit showing the names and addresses of all persons who shall 
have furnished labor or materials for the Work and the amount due or to become iue to each such person. Progress payments may, in the 
discretion of Contractor, be made in the form of checks payable jointly to Subcontractor and its suppliers or its Sub-subcontractors. If 
Subcontractor shall fail to pay promptly, when due, for all labor, supplies and materials furnished m connection with the performance of 
the Work, Contractor may, but shall not be required to, pay the amount of such liabilities ttnd recover the amoxmt thereof from Subcontractor, 
directly or by the application of any portion of the Price then, or thereafter becoming, due hereuiider. 

6. Time of Completion* Completion of the Work and its several parts within the time allotted or reasonably contemplated 
under the Contract is of the esseiice of this Subcontract Therefore, Subcontractor agrees: (a) to provide, if requested, a schedule for 
completion of the Work, (b) to provide at the Project site (identified on page 1 hereof) the materials, equipment, laborers and supervision 
necessaiy to begin the Work upon Contractor's order to do so, and (c) to perform the Work and all parts thereof promptly, diligently and 
in such order and sequence as the Contractor may direct to assure the efficient, expeditious and timely prosecution of the entire work 
under the Contract, including fiimishing sufficient forces, supervision, equipment and materiak, at such times and for such periods, as 
the Contractor naay direct. Contractor may upon forty-eight (48) hours prior written notice require Subcontractor to provide additional 
labor and supervision at the Project site. Contractor reserves the right to modify any such progress schedule with respect to the required 
sequence or duration of the Work or any portion thereof, and Contractor makes no representation that Subcontractor will be able to 
commence,.prosecute, or complete the Work in accordance with any progress schedule. 

7. Extensions of Time. If for reasons beyond its control Subcontractor shall be materially delayed at any time in the progress 
of the Work under such circumstances as would entitle the Contractor to an extension of time under the Contract, Subcontractor shall be 
entitled to a corresponding extension of time for completion of the Work hereunder, provided that Subcontractor shall have filed with 
'Contractor a written claim for each such extension that complies with the requisites for makbg a claim under the Contract and in 

ffident time to permit Contractor to file such a daim against Owner for an extension or other relief under the Contract. If Subcontractor 
onaK be materially delayed by the willful and wrongful act or omission of Contractor, the time for the completion of the Work shall be 
exteiided for a period equal to the reasonably estimated period of delay, as determined by Contractor. Anything herein to the contrary 
notwithstanding, no extension of time shall be granted xmless a written claim therefor shall be presented to Contractor within forty- 
eight (48) hours after the conmiencement of the delaying event or condition. In no event sh^ the Subcontractor be allowed any 
pecuniary compensation for any such delays unless otherwise allowed by the Owner. , , K.^ . ^\ . 
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8. Changes. Contractor may, without invaUdating the Subcontract or any bond given hereunder, order additions , deieuons, 
or othermodifications to the Work, such changes to be effective only upon written order of Contractor, Any adjxistment to the Price or lo 
the time for completion of the Work shall be made in accordance with the appUcable provisions of the Contract. Notwithstandine anv 






L w-*cractor to justiftr the adjustment, Subcontractor shall submit forthwith its detailed estimate of the value of and dme involved in anv 



Subcontractor for loss of anticipated profits. Any additions and deletions will be m^de^at the respective unit prices, if. applicable. 
Anything herein to the contrary notwithstanding, no adjustment to the Price or to the time for completion of the Work shall be ailo'A-ed the 
Subcontractor by reason of any change unless a written claim therefor shall be presented to the Contractor -nthm-forr- oichr '15 ha--- 
following the receipt ofnotice of such change from the Contractor. ' ' -^ 

*ff tii e G ontga iGfe io tci ' minatod, thio Subcontract) oholl be DhcrGupon likc^'iDc tcgminacGd j and componEation :o the Sufe u.^w> ^-.v,-^ 

,ahal, l be made iniacfinrdancR with , the pravisions nf the C o ntr a ct ^ or in the abconoo of appliooble prov isiona-tfaerr-en-an-e aui^lle l -aas 

based solely-ondirect-labor-and-material costs incurred hy Subcontractor to- the. tune of termination as substantiatear^^e^erice 

sgCi sfacLuiy LuCunUaclur. ' ^ " 

9. Helationships. Subcontractor shall be boiindby the decisions of the Architect with respect to the quaiit>' and quanrlr/ of 
the Work, meaning of the Contract Documents, acceptability ofpersons or organizations performing the Work and other matters set fcnh 
in the Contract Documents, to the same extent that Contractor may be boimd thereby. Subcontractor's Work shall confonr :o an" 
additional specifications, drawings, or explanations furnished by the Architect for tiie purpose of detailing and illustrating the "^ork. ' 

Contractor shall have the right to direct the prosecution of the Work and to coordinate such Work \vith the work of others: ar.£ 
Contractor shall have, with respect to Subcontractor, the same rights and powers as the Owner has reser^*ed to itself 'J^ith resrec: to 
Contractor for the performance of the applicable portions of the Contract. Subcontractor shall cooperate %^-ith. and shall kcVdela- 
impede, or otherwise impair the work of others participating in the construction Project. 

If Subcontractor is damagedby an act of the Owner, for which act the Contract affords benefits and remedies solelv tc C:-tractcr. 
then Subcontractor shall be derivatively entitled to the benefits to be achieved by pursuit of such remedies, as Eubcontr'actcr s L-tt^rest 
may appear; provided, however, Contractor shall not be required to file any claim or take any other action asainst 0%vner on z^': alf ;'* 
Subcontractor unless Subcontractor shall provide adequately for the payment of, and shall pay for, all costs and expenses, ir.cludir'^ 
attorneys' fees, that may be incurred by Contractor, in proportion to the amount of Subcontractor's claim, in the pursuit of such rertediei". 
Contractor shall not be required on behalf of Subcontractor to file any claim or take any action against any person other than Ch->.Tirr. ncr 
any claim or action that is not asserted in good faith or that would unreasonably extend the date for a substantial final oa^-mer.t ;ir de- 
the Contract. . - - — 

Nothiogrontained herein shall create any contractual relation between the Owner and Subcontractor or anvof^^i£-u&«* 
subcontractors iii Trfinlii'ib J]\ inapp ropriate agreement, written where legally required for validity, thr^T J^ rr riFi iii nTr 'vv^"''"-r 
each of its subcontractors, to liii ( iiiMil f^rHiii Workto be performed by the Sub-subcontractojs,J».be43m2^^ b v the 

IS of the Contract Documents, and to assume^^ardH!b««Subconta;actora^ which the Subccr.rrictor. •, 

. , .ne Subcontract, assxmaes hereimder. Said agreementshail|^ Slg^ jflig^ ^ctgie rights of the Owner under the Contract: i;^C'r.Lz:er.:s 
with respect to the Work to be performed byjy:ieSub-stil5Sontractor so that ^yT^ M|| |,^t^^^^^jj^^]^p^ppjr„.^]] ^^^ prejudice such r. zr.zs . * 
and shall allow to the Siih^^feanteactOfwiebenefit of all rights, remedies and redress iriiiii il llii i'''ililii'niili,n, m i|i n the Subcor-a^rtcr. 

by the C^ntact^ioeameiiEnas against the Contractor, any part of the Work performed for the .'liil ili ii Im li' i iT in'in T ,, _" ^ 

^.. be pursuant to a written Sub-subcontract between the Subcontractor and such Sub-s\ibcontractor and shaircontain^provlsioni^st: "" 

(a) require that such Work be performed in accordance with the requirements of the Contract Documents; 



(b) require submission to the Subcontractor of applications for payment under each Sub-subcontract to %vhich the Suhcc " ~ac:cr 
is a party, in reasonable time to enable the Subcontractor to apply for payment in accordance with the oro^isions of Se-" - - = ' 
and4; 



(c) 
Contractor 



waive all rights the contracting parties may have against one another or that the Sub -subcontractor ir^av have ar iir.i: :r.c 
;tor or the Owner for damages caused by fire or other perils covered by th^ property insurance de3crlbed"in Seer.:- 1 : : 

(d) recognize the rights of the Contractor pursuant to the Conditional Assignments of Sub-subcontracrs under this S^;:: :r. I- 
and require the Sub-subcontractor (upon notice by the Contractor that the Contractorhas terminated this Subcontrac: v--/- :r> 
Subcontractor pursuant to the terms of Section 21 hereof and that the Contractor has elected, pursuant to this Secticr. 3 ::'re:a:r. 
the Sub-subcontractor pursuant to the terms of its Subcontract '^ith the Contractor) to complete the unDerft-rmed oblisar.tr.i ^^£=1 
such Sub-subcontract and, if requested by the Contractor to enter into an agreement in form and substance satisfacttr- :: :hz 
Contractor evidencing the fact that the Sub-subcontractor is bound to the Contractor under its Sub-5ubcor.tr act in the - aV.rier .r 
which it had been botmd to the Subcontractor; and * ' ' ' 

(e) require the Sub-subcontractor to carry and maintain liability insurance in accordance ^vith See" on 13: 

and contain no provisions inconsistent with any of the foregoing subsections (aj through (e). 

If an Application for Payment is not approved for a cause which is the fault of the Subcontractor or if the Subcontrattcr fa:ls 
to make payment which is properly due to a particular Sub-subcontractor, the Contractor may pay such Sub-subcontractor direct': ■-. \^s= 
the amount to be retained under its Sub-subcontract. Any amount so oaid by the Contractor shall be deducted from an- ca-.^en: : 
pa^Tnents thereafter due and/or shall be repaid tc the Contractor by the Subcontractor immediately upon demand of the' Contractor, 

The Contractor shall have no obligation to pay, or to see to the payment of,, any monies to any Sub-subcontractor. - -tthir.s 
tained herein shall be deemed to create any contractural relationship between the Contractor and anv Sub-subcontract'.r :r :■: 
ate any rights in any Sub-subcontractor against the Contractor or the Owner. 

The Subcontractor shall promptly advise the Contractor of any claim or demand by a Sub-subcontractor ciaiminr :ha: anv 
amount is due to such Sub-subcontractor or claiming any default by the Subcontractor in any of its obhgations to such Sub-subcc- :rac:Gr 

As an inducement to the Contractor to execute this Subcontract, the Subcontractor hereby conditionaily assigns to the C :r.Trac:c: 

Rev. 10/97 
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all Sub-subcontracts executed: by tne bubcontractor in connection with the Work and m accordance with the requffements of the Contract 
Documents, subject to the conditions that (1) this assignment, although a present assignment, shall become eSective only xcpan a 
tennination of this Agreement pursuant to Section 21 and only as to those Stib-subcontracts which tiie Contractor accepts in writing; and 
(2) the Contractor shall assume only those assigned Sub-subcontracts which it accepts, as provided in the foregoing subsection (a) and 
shall become liable only for the obligations thereunder whidi accrue after the date of termination. 

^ section shall serve as the instnmient of assignment at such time as the assignment becomes effective pursuant to the terms hereof. 
The Subcontractor agrees, however, upon the Contractor's request, to execute whatever instruments the Contractor may request to 
confbnn such assignments. The Subcontractor does hereby constitute and irrevocably appoint the Contractor as his attorney-in-fact in 
his name, place and stead to execute such documents, in the event that the Subcontractor fails to do so within five (5) days after demand- 
This power of attorney is irrevocable and coupled with an interest. "^ '* . 

10. Assignment. Subcontractor shall not assign, transfer, subcontract or otherwise dispose of this Subcontract, or any part 
thereof, nor assign any monies due or to become due hereunder, except with the prior written consent of the Contractor. Any assignment 
of this Subcontract consented to by Contractor shall not operate to relieve Subcontractor of its primary responsibility to Contractor for 
the due and full performance hereof, nor shall it ereate^auicontractural relationship between Contractor and such sub-subcontractor or 
assignee, and Subcontractor shall cqfttinue to be liablgcto^htractor for all acts and omissions of its sub-sidbcontractors and assienees. 



sth/wo 



11. Bonds. Unless th#ward "none" apJiQ^tfi^the space opposite "performance bond and payment bond" on pag6 1 hareoY, 
Subcontractor, at its own expense, shalTbbtaitrffom a commercial surety acceptfiJble to Contractor a bond (a) for lie due and complete 
performance of each of Subcontractor's obligations hereimder and (b) for the timely payment of all charges for labor, services and 
materials furnished for the prosecution of the Work. Such bonds shall be for a sum in liquidated damages equal to the amoimt set forth 
in the appropriate space on page 1 hereof, shall be in a form acceptable to Contractor and shall be delivered to Contractor within seven 
(7) da^ after execution hereof If according to the foregoing provisions Subcontractor is not required to furnish such bonds, Subcontractor 
shall, if reqxiested, submit to Contractor a current financial statement; and Contractor reserves the ri^t at any time to reouire 
Subcontractor to fiimish such bonds, but at Contractor's expense. 




Subcontractor agrees to defend, indemnify and save harmless Contractor and Owner, their of5ce rs,ag 
iiiiM i'iii|H(ii|ii'i ,t riiiiii iiiiil against all claims, damages, losses, or expenses (including costs and attorney's li i I lin n iii mi iif i iTiilil , 
imposed by i^«r:?f^i n, m+rnff^-^r ^r ^-Ti-r for damages because of bodily injury, including -^rnth ^f; iiiji lillli ii iiiHiiil therefirom, 
sustained by any person or |n i imi in iim ii iif/niil iiPil iiiiiii'i to property, inr1nrlin(7ln^qnf''''n( UN m iil, iiinlnr; out of or in consequence 
of the performance of the Work, provided iii li m|iii"V Iiijumi ,1 f^a nr HaTt n^i fn |ini||| ilji 1 1 ilm or claimed to be due in whole or in part to 
the wrongfiil or negligent act or omission of the Subronteg^^SS'lBI^I^eeaOTagents. 

^thout limitingthe [Vrnrri1i1irnft1^i|,fiii(ii|iii(iii|i||i( , mliiiiiili im hii pi i ilii iliyimfmiMiliJii, iiiiiimiiil y against f^laims for contribution 
or indemnity of any appiipai^lfl \ftiiiiiiiiiii ' rin-pamaatAnn ^^t with regard to claims mi iiij^ liniu llijiii«ii>° fip ^^«^-^ of Subcontractors 

actual, statuto0', iMMijiiTraTyor borrowed servants or employees; the Subcontractor shall indenmify I Imlil li n'lnli ii, I In i imli n im 

or acts of the Contractor's own ne^gence or claimed negligence which result in harm to the employees of the Subcon? 

13. Instirance Until completion and final acceptance of the Work, Subcontractor shall maintain and pay for insurance 
coverage with respect to the Work, of the types and with the minimum limits set forth on the Attachment hereto. Such coverage shall 
be maintained in form and with companies acceptable to Contractor, Architect and Owner. Notwithstanding said Attachment, or if 
there is no Attachment hereto regarding insurance, the Subcontractor shall in any event always meet all applicable requirements 
imposed under the Contract or by any governmental authority having jurisdiction over the Work. Each policy of insurance recruired 
herein above shall provide for 30 days' notice to Contractor prior to canceUation or material change in coverage. 

The Subcontractor shall bear all risk of loss to, and shall carry appropriate insurance on, any and all of its equipment, tools and 
material on the job, which coverage shall protect the Subcontractor against all risks including but not limited to fire, vandalism, 
casualty and theft. The subcontractor waives all rights of subrogation against the Contractor in the event of loss or harm. 

Subcontractor shall be responsible for any desired coverage against damage or loss to materials, facilities, tools, eauipment. 
plant scaffolds, bracing and similar items not covered by Owner's or Contractor's fire insurance policy (with builder's risk endorsement) \ 
if any, including any materials or equipment of the Owner in transit or not delivered to the Project site under the control of the 
Subcontractor. 

Subcontractor shall furnish Contractor certificates of the insurance required hereunder prior to commencing the Work, showing 
Owner and Contractor as additional insureds, and a copy of each lost-time accident rdport made to Subcontractor's insurance carriers. 
Subcontractor shall cooperate with its insurers to facilitate the adjustment of any claim or demand arising out of operations within the 
scope of the Work. Nothing contained in this Section 13 shall relieve Subcontractor of its indeinnity obligations set forth elsewhere in the 
Subcontract. 

14. Lie ns> Subcontractor hereby e xpressly and completely waives and relinquishes on behalf of itself, its su£c&s«r?and 

Project site orS5e^\fei4w5i:.^wportion thereof, or any improvements or materials thereon, or withrggpeefrttTsmy tmpaid portion of the. 
Price which may be due at S^'^SiaB-paraiasnthereto. Subcontractor shall deliver to Confa;act***''i^I^^^^rification of such waiver of lien" ^ 
by Subcontractor in form and substance requi?Bd4^tiil|itractor. Such verific§ti«*'sftSffDerecorded in accordance with the law in th^j 
county in which the Project site is located. It is expressISTa^egiJtfegrtSeefect of this waiver shall not be impaired, affected, or K< 
diminished by the provisions of this Subcontract relagj3gp*o*CfIepro^cHter#om..^^ time of written waivers of liens or swonil,^ 
statements, or by any other provisions apparefltfetwiCCRSistent with this waiver. SiA^^EtDriiwehjLa^iowledges that this Subcontract 
has been executed and enteredintjiiy-eOfiEractor in reliance upon the aforesaid waiver of rights bySuDuSntrttcto n^Sub contra shall 
defend^ indemnify aad)iiald'hgmless Contractor, Contractor's sureties and Owner from any Uen or claim filed or macle by l3TAcQQn|actor 
or any thirdjifiC8«r?Sr^ on acco\mt ot alleged non-payment lor labor, material^, 6i^ ieriaces furmshed 6f p^ff fiHa^dag^ part of the^ToH 
SufeeMitfactor shall promptly discharge or remove any such lien or claim by bonding, payment, or otherwise. "*^ 

15. Labor. Subcontractor shall conform to the labor policy of Contractor and shall not employ any persons or engage in any 
activities which cause, or are likely to cause, a strike, work stoppage, or other similar concerted labor action. Subcontractor snail comply 
with all wage scales, reporting obligations and other labor requirements established under the Contract or Contract Documents and by 
any governmental authority having jurisdiction. Subcontractor shall maintain and exercise control over all employees engaged in the 
performance of the Work; provided, however, Subcontractor shall remove or cause to be removed fi-om the Project premises^any such 
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employed whose pi^fi£^ik:£^edia&i{;^Ql7&e^^ Of 1 1 

Subcontractor shall at all times supply a sufficient number of skilled workers to perform the work covered by this subcontract 
with promptness and diligence* Shoidd ai^ workers performing work covered by this sid}contnut engage in a strike or other work 
stoppaj^ or cease to workduetopicketingoralabor dispute of any kind, Contractormay, at its option and withoutpregudioe to any other 
remedies it may have, after forty-ei^t (48) houis writt^ notice to Subcont^ 
ar^^ monies then due or thereafter to beco me due Subcontractor, 

Stw coufci actor feg the w eg h unds g this s ube a ateaist, and ahall ha r t the righ t to ente r up o n the p f emi a es and tohe peae eaai e n feHhCj 

[ llll 'l lll liil P iillll i i l i II il L 11 1! I II mi l 1 11 II iiiii l i I ii r i mn ii l Ii ml iii ' I i iiii l i jn ii l iiii nl i i i iii j[ ii i i rntiti 1 n nnniltnfini n htihftTr n rlT f itj 

w i fe ito ywi enpl a yeeo og e the ? Suh es ntea eto w, and in ease e f a udi te n Binaft ea a e f the imiplej muA b y O e n tg aeto r , Subeeatoae to r ab aft 



ivB a ny fi a rtfa e r paym e nt a und e r Ao euboonticwt oj othogwino bji^ahaMltf e vqitiisl a eB roma i n li n blgT e r nny dnmngoo^ 

v f lddi Oonliatloi ' mLm j. IfUie exyemeaiiimii ' Ldby OuiiLiaUjoi ' lutompletiiig the w eirkahall ejeeeedthe un p aidbalanee due Suhc e n tr attoi ' , 



■i defaults Contgaotog oholl havo a lion upon oil matoriola^ to e l e and ap p lianeea taken pee ees s i e n e f, to a e e ufe the payment the r eef. ■ 

^j^ tv^/i 'i^r^yx*' ?f '^ny ^^"^^'"'g^aTi/fy KatrifaflTi i-'Ui^ pTT'iriftnn i?f thig Piiifnin i ff i iiM Cla^flgn titni ^h? SM^wntrwt ffr thn Cnntrart 
mtn, nnlririthntriTiiiinFmiiiTh inimnrnVirnT^y^rhn pm^ininnn nf thin P iii fn i ii mnnn ^Tlm a nn nhnll proTnil i WithQutlimitingth e fnr n (rfring, 
itty pmmiffnc ?f th^ ffyVrm^^T*- ?r ^?r*-^*^ T*77^"m^ntB ^ith mnpnrt ttr rarbitratiftni nr dntnrminatinn nf filigpvtflB by i th n Amhi ta rt, 
jlVi ' bit g at a go eg e theg a , shall n e t apply to t ins PcrfeimauLC QlAu ser- 

16* Taxes. Subcontractor shall pay, or cause to be paid, when due all taxes of every kind imposed, levied, or assessed by 
any govermnental authority with respect to the Work, including taxes for labor, materials and equipment utilized therein and express^ 
induding all sales, use, personal property, excise and payroll taxes. Subcontractor, upon request of Contractor, shall furnish satisfactory 
evidence of such payments. ., . . 

17. Defective Work. Subcontractor shall provide safe, suf&dent and proper facilities at all times for the inspection of the 
Work by the Contractor, Owner and Architect, or their representatives. Subcontractor shall, commencing within twenty-four (24) hours 
after receiving written notice from Contractor, promptly take down and remove aJl portions of the Work whidi the Contractor or 
Architect shall condemn as \msoimd, improper, or in any way failing to confonn to the Contract or the Contract Drawings, and shall 
make good all Work damaged or destroyed thereby, all at Subcontractor's expense. If Subcontractor fails to correct any such defective 
Work, Contractor may order Subcontractor to stop the Work, or any portion thereof, until the cause for such order has been ehminated; 
however, this right of Contractor to stop the Work shall not give rise to any duty on his part to exercise this right for the benefit of 
Subcontractor or any other person or entity. This right shall be in addition to, and not in restriction of. Contractor's ligixts under Section 
21 hereof. 

18. GeneraL Subcontractor shall, at its own expense: . 

(a) obtiain all necessary permits and licenses and comply with all statutes, ordinances, rules, regulations and orders of 
any governmental or quasi-govenmiental authority applicable to the performance of the Work, and be responsible for compliance 
therewith and correct any violations thereof, induding, without limitation, the provisions of equal opportunity daUses applicable 
to the Project which are set forth in 41 Code of Federal Regulations M60-1.4 (1977), 41 C.F.R. M60.250.4 (1977) and 41 CER. 
M60-741.4 (1977), as may be amended from time to time, all of which are incorporated herein by reference; 




prepare and submit to Contractor all necessary shop and erection drawings, plans and diagrams, and furnish all 
samples, catalogue cuts, laboratory and inspection reports and engirieering ^culations, in s\2Sdent time to permit 
orderly and timely prosecution of the Work; 

(c) remove, at least weekly or more often as directed'by Contractor, all rubbish and svuplus and waste material 
resulting firom the prosecution of the Work and all tools, scaffolding and equipment not currently required in the prosecution 
of the Work (If such removal is not accomplished promptly. Contractor may remove the same at the expense of Subcontractor); 

(d) not remove from the Project site any material, appliances or equipment delivered thereto without the consent of 
the (Jontractor; 



4 4 




(e) comply with the reasonable recommendations of the Owner's, Contractor's and Subcontractor's insurance carriers 
or their ratemaking bodies; 

(f) conform to the basic safety policy of Contractor, and comply with all specific safety requirements promulgated by 
Owner or Contractor, including any such requirements made a part of the Contract Documents as required by the Occupational 
Safety Health Act (If such safety requirements are not promptly performed by Subcontractor, Contractor may iulfili such 
requirements at the expense of Subcontractor); yC^^r\ 

protect the Work from damage jhinl pJiaS| guntil accepted by the Owner, P T*s^ P-^*^^ 'Plbf<I\ 

(h) iminediately upon request of Contractor, repair all damage to the Work or property of others caused by Subcontractor, 



(g) 



(i) furnish temporary facilities, an d if r a qi aqi t edi l i y tho Contraotoi' pay for - 

Tijud by Gube e ntf a e toy, 



all TTTntoT and oloc^o ourfcnt i 




y (j) have an approved representative at all job meetings; 

(k^K proparo and moliD availablo to Q^^nior and Conbraetoi' aobuilt dra^ftingo covering SuboontraQtor'o Work} ■ 

(I) herebyx agree that any back charges of either party under this Subcontract shall be the cost of all field labor, 

materials, tools, equipment, insurance and taxes, plus 10% for overhead and profit; and 
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(m) furnish SSStm^fk, labor, nnoinnnwncj mal w wriB, tools, equipment and services necessaiy to complete the Work in a 
good and workmanlike maimer, and the Contract Documents shall not limit or restrict Subcontractor's duties or obligations 
with respect to the Work. 

19. Guarantee. Subcontractor guarantees that the Work shall be free from defects and shall conform to and meet the 
L «njuirements of the Contract and the Contract Documents; and shall furnish any separate guarantee for the Work, or portions thereof^ 
required under the Contract or Contract Documents. Subcontractor agrees to mal^ good without cost to Contractor or Owner to the 
satisfaction of the Owner, any portion or portions of the Work which prove defective fi:t}mthe date of acceptance of the Project by Ownen 
Subcontractor agrees to defend, indemnify and save harmless Conti^actor against-any-daims, damages, losses or e3q)enses {induding 
attorneys' fees) made by Owner against the Contractor under the Contract or otherwise with respect to the Work. Acceptance of final 
payment by the Subcontractor shall not release the Subcontractor firom any liability hereunder for directive work. 

If no such period is specified in the Contract Documents the Subcontractor shall be responsible to the Contractor for its Work 
for such period as is allowable under law. Provided, however, and notwithstanding any statute of limitation, rule of law or any term or 
provision to the contrary herein or in any other Contract Document, if any time hereafter the Owner asserts a daim against the 
Contractor, whether directly or for contribution or indemnity or otherwise, whether for intentional or ne^gent acts or omissions, and 
whether in strict liability, tort, breach of contract or any other cause of action arising out of or relating to the Subcontractor's Work, ihe 
Subcontractor may be joined in any such action, arbitration or other dispute resolution proceeding involving such daim. Altemativdy> 
at the Contractor's option, theContractor may bring an action against the Subcontractor for indemnity at any time prior to the expiration 
of one year after final judgment is entered against the Contractor and all appeals have been dismissed. In either event, whether l^ 
joinder or by separate action by the Contractor, the Subcontractor shall indeinnify and hold the Contractor harmless Scorn any and all 
audi daims including but not limited^^^l^^d all losses, charges, costs or expenses paid or incurred by the Contractor, indtuiing 
attorneys' fees. | VfJ^ft^nfe^rj ) 

20. Patents* Subcontractor sigrees to defend, indemnify and save harmless Contractor and Owner from and against loss, 
liability, damage, cost, or expense (induding attorneys' fees) on account of infiingement or alleged infringement of any patent ri^ts by 
reason of the Work or materials used by Subcontracior. Svdwontractor shall pay all license fees and royalties pertaining to the Work. 

21*Breach* IftheSubcontractori»rformsanyWorkwhididoesnotconformtotheContractrequiTCments,ort^ 
commits any act or allowa.any omission that is a breach of this agreement, whether or not the same rises to the level of a default, the 
Subcontractor shall be responsible for and indemnify and hold the Contractor harmless firom any and all losses, harm, costs, charges and 
expenses, induding, but not limited to, consequential damages, liquidated damages, fines, penalties, costs and attorneys fees, which the 
Contractor may sifer, pay or incur arising out of or relating to such breach. Without in any way liiniting the foregoing, if either before or 
after the completion of the Work, a daim is made against the Contractor by a federal, state or local authority, or any agency or 
instrumentality, thereof for violation or alleged violation of any law, statute, ordnance or regulation which arises out of or relates to the 
Work performed or omitted by the Subcontractor, the Subcontractor shall indemnify and hold the Contractor harmless as stated above. 
This obligation of the Subcontractor shall apply in all cases where tihe Subcontractor is or is alleged to be either wholly or partially 
ponsible for the viol ation or alleged violation. The foregoing rights are intended to be in addition to, and not in lieu of, any other right 
remedy the Contractor may have at law or in equity, and nothing herein shall be interpreted or deemed to in any way diminish those 
rights and remedies. 

22« Default. 

(a) In the event of a default by the Subcontractor, the Contractor shall have all of the rights and remedies as stated above 

^ for breach. The Contractor shall have the following additional rightsgnd remedies provided in this Section 22 in the event of a 

default. 




(b) In the event that Subcontractor fails to perform any of itsjaKfcfiefebligations hereunder, induding without limitation, 
its refiisal or neglect to supply a suffidency of skilled laborers orja^afcuiiltAj of the proper quality and qiiantity, its failure to 
prosecute the Work with promptness and diligence, its failure to provide the exact types and amotmts of insurance required 
hereunder, the filing of a serious or greater violation against the Subcontractor under OSHA, its failure to comply with any of the 
provisions of Sections 3 through 6 herein, or its causing stoppage, delay or interference with the work of the Contractor or other 
subcontractors, or in the event the Subcontractor shall become insolvent or commits an act of bankruptcy, or should there be filed 
by or against it a petition for bankruptcy or for an arrangement, reorganization or E^ppointment of a receiver, then in any such 
events, each of which shall constitute a default hereunder, Contractor shall have the right, to (i) remedy, or cause any surety to 
remedy such default utilizing such persons or firais and such equipment and materials as may be necessary and recover from 
the Subcontractor the amount of any default, loss or damage, whether liquidated or unliquidated, suffered or incurred as a result 
of such default, including, without limitation, attorneys' fees, penalties, increased costs and loss of profits, in which event 
Contractor may deduct and withhold from payments otherwise due Subcontractor any of the foregoing amotmts, which deductions 
shall be deemed credits or back charges against the Price, or (ii) terminate this Si3)contract, or(iii) proceed to exercise both (i) 
and (ii), in which event all of contractor's remedies set forth herein shall survive such termination. ^ ^^^ 





(c) In the. event of a Subcontractor default under this Subcontract, Contractor may use Subcontractor's 

to complete the Work, or may complete the Work in any other expedient maimer, and the Subcontractor shall receive 
no further payments until the Work is complete. Upon completion, if the unpaid balance of the Price exceeds Contractor's cost 
of completion (induding compensation to Architect for additional services made necessary by Subcontractor's default), such 
excess shall be paid to the Subcontractor; but if such cost of completion exceeds the unpaid balance of the Price, the Subcontractor 
shall pay the difference to the Contractor immediately upon demand. Contractor is hereby granted a security interest in the 
equipment, plant tools and materials of Subcontractor which shall from time to time be located upon the Project site, to secure 
the performance of this Subcontract and the completion of the Work; and Contractor may file or record this Subcontract as a 
'^•""urity agreement, finandng statement or part of a financing statement under the provisions of the Uniform Commerdal Code. 



m 
eqxiity, ind 




^faultBy 

remroy 
ot^fttoiafeyg^ees. 




^d<;umiilative ai^d 
r ^stirfg atrtaw,<ir in 
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(e) Subcontractor snail have the rights and remedies available at law or in equity for a breach of this Subcontract by 
Conlxactor, provided, however, any aDegedbr^uihor 
shall withui seven (7) days of any such alleged breach or default give written notice to Contractor speci^ringthe details thereo£ 

(f) In the event that the Contractor issues a temunation for default and it is subsequently determined or adjudicated 
that there was not sufficient cause for finding the Subcontractor in default, the termination shall be deemed a termination &r 
convenience and the Subcontractor entitled exclusively to the ri^ts and remedies set forth in the Section herein allowing for 
termination by the Contractor for convenience. 

(g) hi the event of a default under this agreement by the Subcontrsicjtor^the.contractor shall giveihe Subcontractor 
forty-d^t (48) hours written notice prior to the exercise of a lexnedy or remedies by C^ 
prompt notice of its intentions. Prn-i'lr'l hnTntir, fin P iil Tn i mrt- n nnnjr but i rh n n n n tl iri r n qi ii r rr ll in irT nrn nrliTiim niiii l i 1] i I I 11 1 

harm to any person, or (2) there is imminent threat of damage to property, or (3) there is reason^le caxise to believe that &e 
project schedule will be delayed if the Contractor does not act promptly, or (4) tiie Subcontractor has committed the same or 
substantially the same act or omission on a prior occasion and was given written notice, or (5) notice is for any reasonable cause 
impractical under the circumstances. In no event shall failure by the Contractor to give the Subcontractor notice be a condition 
to the Contractor proceeding to exercise a remedy when the Sidxrontractor has committed a default under this agreement. Jf 
the Subcontractor believes that it has not defaulted under this agreement and the Contractor has wrongfully proceeded to ^-r ^ 
exercise a right or remedy heretmder, the Subcontractor shall give the Contractor written notice of the same "ithJTi fniy mpjif /^ 
448^ours after it learns of the Contractor's actions and specif in detail wl^ the Subcontractor believes that the Contractor /w^ 
has proceeded improperly or the failure to give notice shall be waived. In the event that the Subcontractor pves timely and /^»l 
detailed notice as required and it is determined that Contractor has improperly exercised any right or remedyspecified under 
this agreement, the Subcontractor shall be entitied to be compensated for ite direct costs incurred as a resvilt of the Contractor's 
actions, bu t in no e v ent shall tike O e R t fae 'feeg be I ' e a p e naible f er an y Rlaim of iLonaiquLuhial damages e v l o st pu e fit mi ' ixjij utlmj 
ilnim for dmrngmTi 

« 

23. Cancellation. In addition to the Contractor's rights in the event of breach and default under Sections 21 and 22, the 
Contractor may at any time, with or without the Subcontractor b^ng in default, terminate the contract and order the Subcontractor to 
cease yrork, for any reason or for no reason, solely at the Contractor's convemence. In the event that the Contractor exercises this ri^t to 
cancel, and conditioned upon the Subcontractor being in full compliance with all of tiie terms and provisions of this Subcontract, the 
Contractor shall pay the Stsbcontractor according to the procedure herein for the work actually performed in an amount proportionate to 
the Siibcontract price. The Contractor shall not be liable to the Subcontractor for any other diarges or costs whatsoever, including, but not 
limited to, the balance of the Subcontract price or prospective profits or overhead, on work for any reason not actually performed. Further, 
if the reason for the termination is because of any default or action by the Owner or the Architect or as the residt of any Court Order or 
ysXpublic authority, then the Contractor shall n&^he liable to the Subcontractor for any sum greater than that which the Contractor receives 
^^&om the Owner on behalf of the Subcontractor's performance, less any costs and or attorneys' fees incurred by the ^Tntrnr^Tr In 1-017 
nt j tnrminnti oniwithoP i withQtttoQUOQy a hQn ' notMHovBtkGfiuhfi a w^aft tefi ifawy ft fi ^ ^ ^ m i l A^iMiMi ii i^kii^ ' 

. It aefaally pwvidodi 

24* Notices. All written notices provided for in this Subcontract shall be deemed given by telegram, by fax (with written 
confirmation copy following), or mailed postage prepaid, certified mail, return receipt requested, to the parties at the address set forth on 
page 1 of this Siftjcontract. Either party may, firam time to time, by notice as herein provided, designate a different address to which 
notices to it shall be sent. 

25. Inspection of Site. Subcontractor acknowledges that its authorized representatives have personally inspected the 
Project site and satisfied itself as to the physical condition thereof and the locally prevailing labor, transportation, utilities, weather and 
storage conditions. 

26. Use of Contractor's Equipment. Any tools, equipment, scaffolds, ladders and similar items and all materials and 
building supplies of Contractor leased to or used by Subcontractor shall be leased or \xsed by Subcontractor in an "as is" condition without 
any warranty, express or implied, by Contractor, and Subcontractor agrees to assume all risk for injury to person or property from all 
causes in connection with the use or operation of the same. 

27. Miscellaneons. 

(a) As regards the subject matter hereof, this writing constitutes the entire agreement between the parties. 

(b) If any provision of this Subcontract conflicts with a provision of the Contract or the Contract Documents, the 
Contract or Contract Documents provision shall govern. 

(c) This Subcontract shall not be modified or amended in any way except (i) by a writing executed by both parties or 
(ii) as otherwise expressly provided herein. Except in case of emergency, the only work for which the Contractor shall be 
responsible and pay for is work directed to be done by an authorized representative of the Contractor in writing. And, it is 
understood and acknowledged and agreed by the Subcontractor that the only persons authorized to make written contracts or 
agreements or work authorizations of any kind, or any other legdly binding agreement on behalf of the Contractor, are the 
IVesident and "Wee-Presidents of Contractor and the project manager who is expressly designated by one of the above mentioned 
officers of Contractor as project manager for the Project. Accordingly, without limiting the foregoing, excepting only for emergency 
situations which threaten life or health or threaten immediate and serioios iryury to property, no job superintendent or other 
unauthorized person has any authority to enter into a contract or make a change order or otherwise amend any contract. Except 
in emergencies, any extra work order, extra work authorization, contract, change order or any other document which purports to 
change the scope of work, price or any other term of this agreement or in any other way legally binds Contractor to any other 
contract or agreement which is signed by a job superintendent or other unauthorized person shall be void and inadmissable in 
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any contract, or a^eement or wntog of any kind referencing such work or change, is specifically and expressly accepted and 
ratified in wnting by an authorized representative of the Contractor. 

(d) jnrisSufacontractshaUTwbindinguponandshaDinuretothebe^^^ 
representatives, successors and assigns. 

(e) Where the context requires, the neuter shall include the masculine and feminine and the singular shall include 
the plural, and vice versa. ~ 

r i-. ^^ '^^ ^^^^'^^^^ Documents are available for examination by the Subcontractor at all reasonable times at the Office 
of Contractor, Subcontractor hereby represents and agrees that it has carefully examined and understands this Subcontract 
and other Contract Documents, has brought its experience to bear upon the Contract Documents and has reported any error 
mron^nor or omission ^erein to Contractor, has investigated the nature, locaHty and site of the Work and the conations 
and difficulties under which it is to be performed, and that it enters into this Subcontract on the basis of its own examination, 
mvesb^tion andevaluation of all such matters and not in reUance upon any options or representations of the Contxactor, the 
Architect or the Owner, or of any of their respective officers, agents, servants, or employees. 

(g) With reject to the Work to be perfonned and furnished by Subcontractor hereunder. Subcontractor agrees to he 
bound toOwner, and to Contractor, by each and all of the terms and provisions of tihe Contract Documents, and to assu^ 
toward Owner and Contractor aU of the duties, obUgations and responsibilities that Contractor by those Contract Docamente 
assume toward Owner, and Subcontractor agrees further that Owner and Contractor shaU have the same ridits and remedies 
as agsmst Subrontractor ^ Owner under the terms and provisions of the other Contract Documents has against Contractor 
with the same force and effect as though every such duty, obligation, responsibilily, ri^t or remedy were set forth herein in 
A I .f '«'«»?'=ractor shdl not be reheved of any of its obUgations under this Subcontract by the activities or duties of the 
Architect The terms and provisions of this Subcontract with respect to tiie Work tobe performed andfumishedby Subcontractor 
hereunder are intended to be and shall be in addition to and not in substitutionAB^si^f the tenns and provisions of the 
Contract Documents. mf ^v\\ 

.u n . 28- ^g°l Interpre tatiqn. Claiins. The S ubcontract sha^o/no ^ ot^S^ and untQ accepted in writing bv 
the Contractor at ita office at riLluLmtsh, ruuilijilUilUa, In the event of any claim or controversy regarding this Subcontract it ^b2 be 
mterpreted in accordancewith tiie laws oftii e rnwiiin fiu.nn1thofr>iiiiMjl>Mua,u nd the parties consent that exclusive jurisdiction and 
venue of aU claims or controversies shaU he mMLjimj Oumibj. In the event of any inconsistency between the provisions of this section 
28 and the remainder of the Subconbract or the Contract or any of the Contract Documents, notwithstanding such inconsistency, the 
provisions of this section shaU prevail. Without limiting the foregoing, any provisions of this Subcontract or Contract Documents with 
-spect to arbitration, or determination of disputes by the Architect. Arbitrators or others, shafl not apply to this Subcontract except for 
ireedmgs in arbitiration mvolymg the Owner and Confaractor. In the event that the Owner ffles for arbitration with Contractor or if 
wontaractor files for arbiteation with the Owner and the Owner files a counterclaim. Contractor shall have the right and option to join the 
Subcontractor m such arbitration proceeding, andjudgment may be entered upon the decision of the arbUrator or arbitrators in accordance 
wim law* 

29. Merit Shop Project. It is expressly understood by the Subcontoractor that this Conti^ct appUes to a merit shop 
construction job wherein employees of both muon and non-union employers will be working on the jobsite at the same time. ContracMr 
shall not be responsible for any ^rect or consequential expenses or damages incurred by the Subcontractor resulting fix)m any labor 
disputes, mcludmgbut nothmited to damages for work delays. Subcontaractorshall work harmoniously with Conti-actor and the other 
subconti-actors in completing the work m a timely manner. Subconta-actor, its employees, suppUers and visitors shall adhere to and 
abide by the reserved gate or gates which are designated for the use of the Subcontractor in entering and leaving the jobsite. 

Qi. ;> A^'l^^^^?^^''^fTf^^^^: . TheSubcontaractorshaUcomplywithallaspecteoftiieHazardCommunication 
Standards (29 CFR 1910.1200) and shall share all information regarding hazardous' chemicals (by Material Safety Data Sheets) with 
the Contractor. • . •■ 

.u J^' CoiitinuingAgreement Covering Future Work. This agreement shall be deemed a continuing agreement be!:ween 
the partes governing any and all futiire work assigmnente. In the event that the Conti-actor orally or in writing authorizes Ae 
Subcontractor to perform any other work on this or any other jobsite or project for this or any other owner the terms and provisions of 
this agreement, except for price and scope of work, shall govern unless and except as modified in writing by both parties. The terms and 
provisions harem shall automatically apply and constitiite-the terms and provisions of the conta-act between the parties whether or not 
the parties make any reference to this agreement in future work assigmnente. 

• . .J |2. Prompt Payment Act Notice. The Subcontiractor acknowledges the followinginformation was given prior to entering 
into said Subcontaract: The due date for receipt of paymente firom the owner of this project is as stated at the beginning of this Agreement" 




modifies, changes or amends any of the tenns and provisions of the foregoing Subconta-act, including, but not limited to, the Subcontractor's 




^visions herein. 
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B^WrmESSWHEREOF.andintendh>gtobeleg3llybound,theparti« 
dupUcate, as of the date set forth on pa^ I hereofi , 



Allegheny Jefferson Millwork, LLC 



By; 

Title: 



By: 



Richard A. Serdy, Manager 



Title: Michael Corrigan, Manager 



Dale LacvTnstallatibn, Inc. 




Rev. 10/97 
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Dale Lacy installation, Inc. 

E. Banrett Prettyman 
Scope of Work 




Scope of work; I nstallation of the following: 

All panels, handrails and trims associated atrium stair. 

All panels, railings, Xfiilingifflill^ trims and handrails associated atrium walkways and guard railings. 

All veneer bookcases; trims, coimter tops, nosing, wainscot and baseboard associated with 5*^ & 6th floor 

areas. 

All type 3 jamb casings and scribes. (Excludes installation of jambs, doors and hardware.) 

All plastic laminate casework and counter tops. 

All baseboard trim according to the finish schedule dated 7-20-04. (See attached). 

Mock-ups as required. 

Daily clean-up and installation and maintenance of protection materials 



4) 
5) 
6) 
7) 
8) 



Inclusions: C omplete installation, normal fasteners, and tools as required, unloading and distribution of material and 
deliver it to the work site. General layout for installation of required millwork. Removal of trash and debris from job 
site daily. Applying protection to millwork. Daily woric reports with total manrhours worked, work performed and job 
site conditions turned into the site foreman every day. Required manpower on sit; throughout the completion o£lhe 
project Provide manpower »^SS^^^ needed to complete this project on time. E^rening vfprk oo raquii 





Exclusions; All permits, bondSftnWoflding fees. Elevator charges, hoisting fees, and electricity. All protectioiT 
material, rough carpentry and in wall blocking. , 
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COMPANY, INC. 



3924 Pender Drive 



Fairfax, Virginia 22030 



:.-J-^- 



703-273-3311 
703-934-5520 
(Fax) 






EXHIBIT A 

CONTRACT DOCUMENTS 

E. BARRETT PRETTYMAN COURTHOUSE 

ANNEX AND RENOVATION 
WASHINGTON, DC 



le Prime 



The Contract Documents reT5rrediQjjvlh^ Agreement shall consi 

Contract dated March 15, 2002 (IncludingTrmieJiiQ^^ DocumgDla-fetsa^low). 
Subcontract Agreement (including Subcontract Genera03Bn«fiQn^ of Work. Special 

Provisions) and Exhibits A through I and SubgootraCrXmendmer^^ 
Included in Contractor's Subguard P 




Provisions whicha|:&-«fJScifically requirei 
agreement^aFg'attached hereto as Exhibit A. 1. 
List of Documents, Exhibits and other Attagfcwrignts attached hereto" 
Tax Exemption Letter attached heirgti>aS^hiblt A..3. 



iserted intqes&l* Subcontract and/or Purchase Order 



Document List: 

Architectural Drawings. Complete (see attached list) 
Straightline Corporation Field Use Drawings, Complete 
Amendments 1-4 

Specification Sections 5700, 5710, 6400, & 6410 
RFIs and Proposals received to date by Subcontractor 
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